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The Defense Nuclear Facilities Safety Board 2020 vision, technology, operations, environment, 
and requirements will need to be integrated for operating and monitoring the retrieval equipment 
and the removal and disposal of existing in-tank equipment to allow installation of new retrieval 
systems. 

1.3.2 Schedule Objectives 

To keep the WRPS' mission on schedule and to provide feed to the WTP, an early start date for 
the project is needed in Fiscal Year (FY) 2018, or as soon as practical, with completion of the 
design phase in FY 2013. Figure 3 provides a schedule and cost of the subprojects per FY in 
order to provide feed to the WTP by FY 2018. 

Figure 3. WFD AY-102 Fuli-Scale Demonstration. 



WKO AY-102 Full Scale Demonstration 
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Procure WFD Miner Pump (S.S J.13.7) 
NOTE: Current Price of the 1st two miner pumps 
is $4,841k spread ever two years 
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Certified Flow Loop and Ramota Sampler (5.3.2.18.1} 
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Procure WFD Tranefer Pump (5.3J.&5.9) 
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AY/AZ Vent Upgrades (5.5.2.15.7) 

NOTE: As currently planned; reptanning in process 
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AY/AZ Infrattructura Upgrades (S.1A1.2.8) 
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AY-102 In-Tank Upgrades (S.3J.65) 

AY-102 Mixing Damo and R«uh Analysis (5.U.6.S) 
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Prep Tank Mixing and Sampling Damo (S.J.1.7.J) 
Test plan development, test instrumentation 
development, procurement, and readiness 
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Tank Mixing and Sampling Damo (53.1.7.5,5) 

Test performance, Data collection analysis and mission 

application 

Fead Certification 
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WTP Hot CommlMlonlng Initiated ($.5.2.1X8} 
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•eiCUNJ CUN1 Critical 

Jfc WTP Hot Commissioning Initiated A"Besin AY-102 Full Scale Demonstration 



CLIN = contract line item number 

FY = fiscal year 

Wl'D = waste feed delivery 

WTP = Waste Treatment and Immobilization Plant 
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